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li* March 1967 


Subject: Contract AF33(6£7) -12846, Follow-On EMR Program 

Engineering Change Proposal (s), Submittal of 


STATINTL Attention: 


Dear Ben: 

Enclosed please find six (6) copies of the following EOP, 
said document submitted for SPO approval. 

191*0-31 0-round Strap & Ground Strap 
Fastener Change 

Please note that the above is submitted on a no additional 
cost basis In that elimination of the cad plated materials 
and the PVG insulation band is considered to be a basic 
Contract obligation rather than an expansion of scope. 

It is to be noted that a Contractor Service Bulletin en- 
compassing the GROUND STRAP AND GROUND STRAP FASTENER CHANGE 
Is presently in preparation and will be forwarded to the SPO 
in the very near future. 

In the event additional Information Is required, please 
contact the undersigned. 

Regards , 


STATINTL 


JM: vg 
Enel, 
cc t 


w/encl. 



Jim 
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llj. March 1967 


NAME OF MAJOR COMPONENT 

EMR System Assy. 
321152-3 


ENGINEERING STUDY 
CHANGE PROPOSAL 


affects: 

EMR 


PART OR LOWEST SUBASSEMBLY 

Ground Straps (3) 
Stud 


1914-0-31 


PART NO. 33211+2-1,2,3 

325059-3 

MODEL OR TYPE 


TITLE OF proposal: GROUNE) s T rap * GROUND STRAP FASTENER CHANGE 


NATURE OF PROPOSAL! 


The cad plated ground strap stud (325059-3) will be replaced 
by a stainless steel stud (325059-10). The lugs on the pound 
strao 3 will be changed to eliminate the PVC, insulation band* 
The Stud, Ground Straps, Structure & Cover Assy, Right & Left 
and the overall EMR Assembly will be reidentified. 


REASON FOR PROPOSAL! 

To eliminate the use of cad plating and PVC in the proximity 
of the vehicle. 


ESTIMATED COST AND TIME INVOLVED! 

ES 3 

ADDITIONAL FUNDI NG REQUIRED! 

ESTIMATED COST FOR KITS OR PARTS! 

CP 

ADDITIONAL F UNDING REQUIRED! ; ' 

items affected by proposal : D3 , Dl+, D5 , D8 EMR8 will require field retrofit. 
The twenty spare sets of ground straps will require retrofit. 


MISSION 
EFFEC- 
TIVCNE9 8 


FEtftFONM- 

ANCE 


OP f SATINS 

pnoceoune 


INTEP- WEISHT ON TOOLS AND 
CHAN.i- •**”*«* 

*»'LITY » A LA* Cl *OUIPMMT 


TOOLS AND MAINTt- 

SUPPONT NANCE 

EQUIPMENT PNOCEDUNE 


SEN VICE 
LIFE 


FLISMT 

MANUAL 


Q' □ □ □ □ 1 □ | □ I □ 


ESTIMATED MAN HOURS REQUIRED TO ACCOMPLISH CHANGE IN FIELD! 

1 hour for installation of ground straps & studs. 


mainte- 

nance 

MANUAL 


SOURCE OF PARTS FOR KIT ! AVAILABILITY WEEKS AFTER APPROVAL 

30 April 1967 

DISPOSITION OF SPARES AFFECTED! Scrap 120 3321l|.2-l, 120 33211+2-2, 80 33211+2-3 

ground straps and 2 325059-3 studs. 


INITIATED BY. 


APPROVED! 


yiTuTtWri ■ JTS j H JWiTlWf iT:tt r lari rw rl »] -t.t.t r-* i r.y.t r.T.r,™. 
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